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Cane 
DPD-21.63-61 
7 April 1961 
SUBJECT: Coeneurrence in Mnal Settlement of Contract No. 
25X1A11C | with 25X1C4c 


25X1C4¢ 25X1A2d1 


i. This memorandum contains a recommendation submitted 
for approval of the Daputy Director (Plans). Such recoumendation 
ia eontained in Faragre PA IC 


- ER provided for development, 
teat and employnent of & special electronic package to measure 
the power output and beam structure of certain electrammetic 
mediation in connection with 


25X1A2d1 
3. The Zinal cost and property audit of the CPFF Contract 
25X1A11c bas been completed and the qe has been sub~- 
mitted to this office. n the amqunt of $156,063.77 have 
keen audited and approved under the contract, subject to issuance 
of the following decuments: 


a £ Contractor's final invoice 
Db: Contractor's assignment of refunds, rebates and credits. 
e. Contractor's final release 


The approved cost of $156,063.77 plus the fixed-fee of $9,363.53 
result ina final contract price of $165,427.60. 7 “ph. 


4. he Contractor hae fulfilled the following requirements 
of the contract: All work has been completed and accepted on behalf 
of the Governuent, all equipment acquired in the performance of the 
contract has been properly accounted for, no Government-fimnished 
ahead was supplied to the Contractor, final overhead-rates have 
been approved and reports on Royalties and Patent Rights have been 
wabmitted and accepted. O5X1A1 1c 


5. Amendment No. 2 to Contract No. sopctted 
herewith, hag been drawn pursuant to Clause 31, Negotiated Overhead 
Bates, to incorporate final overhead rates into the contract. 
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25X1A11¢ 


Approval of final aattlement of contra 
25X14 ie _ as wet socks uarain; ineluding issuance of Amendment No. 2 
+o the Contract, ia recomended. 
25X1 Ag NE 


Contracting Officer, 


CONCURRENCES: 
25X1A9a SIGNED 


dedsey 
Chtef, Development Branch, PFD DATE 
25X1A9a 
we (boy 
Comptroller, DPD DARE 
| 25X1A9a PS 
SiENED Jb Pray 


Assistant General Counsel, DPD DATE 
| Agting Chief, DPD-DD/P DATE 


The recommendation contained tu 
| Paragraph 6 is approved. 


25X1A9a 
DPD-DD/P: rs; 
Distribution: SIGNED 
25X1A11c 1-cs/DPD- | SuRtinN WEEE 
geo Deputy Director (Plans) 
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